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TREASURY DEPART! 5vflT 


WFP FAC F G 


OFFICE of tho SECRETARY 

Washington, 0. C. Juno 5, 1899. 


i r. John A. cIntyre. 
1305 South 8th st., 
Dcnvor, Colo. 

Sir: 


Referring to Department letters of January 11, 1899, and May 
1J * lf addressed to you, you are advised that the contract en¬ 
tered into betwcon tho United States of America and yourself, for 
tho foundation, superstructure and roof covering of the new Mint 
m Denver, Colo., is hereby expressly declared to be annulled. 

Respectfully, yours, 

L. J. GAGE, 

Secretary. 


L CEK JKT T 


A V Copy, 

Jolm A, McIntyre, 

General "ontractor 
'oowa 402-40*1 Cooper Ruildin/:, 
Donvor, Colo. 


Owners .-tnd Operators 

Ai'kins Granite QuurieB. DENVER, COLO, Juno 10, li,*y. 


’on. J. K. Taylor, 

Supervising Architoc!, 
Washing on, R.C. 


Sir: 


v our telegram of this date received as follows: 

"John A. McIntyre, 

1250 South Eighth ft., 

Donvor, Colo. 


Request must bo made by letter, over your own signature 
bolore department will consider matter. 

J. Y. TAYLOR, 

Sup orv i s ing Arch it ect." 


I yesterday wired Lyman J. Cage Secretary of the Treasury as 
follows: 


"Lyman J. Gar;©, Soc. Treus. 
Washington, D.C. 


+ T 1 ? r Si'- / i r^ucst rrinstatement of njy Denver int con- 

r ‘ aj « le r? l j n ??r nB P cr arrangement with Goo. E. 

^ U 4 .: • Mdolity & Guaranty ''o. 


tract 

Does- ____^ uuw e 

Dloaeo immediately wiro consent as above. 


J. A. MCINTYRE.* 


This to confirm. 

I heroby make formal written request for reinstatement of my 
. nver int contract as above. Kindly forward written notice of 
reinstatement at earliest possible moment and greatly oblige. 

Very respectfully, 

JOHN A. MCINTYRE. 



C. (COPY) 


31. Incloaure. 


TREASURY PRP/RT?CRNT, 

Office of the Secretary, 
Washington, D. 0., .Tune 14, 1890. 


Mr. John A. McIntyre, 

40S Cooper Building, 

Denver, Colo. 

Sir: 

This Department is in receipt of your letter of the 10th in¬ 
stant, &n<3 letter dated the 9th instant fron your surety, the 
United States Fidelity and Guaranty Co., both requesting your 
reinstatement as contractor for the foundations, superstructure 
and roof covering of the new Mint, Denver, Colo, 

In reply, you are advised that in view of all the circum¬ 
stances, tho Department hereby revokes its letter of June 5, 

1899, abrogating your contract above mentioned, upon the express 
condition that no clain for d«..magea of any nature or kind whatso¬ 
ever shall be presented to this Department or prosecuted against 
tho United States by reason of such abrogation of your contract, 
and upon the further condition that you exooute and return im¬ 
mediately tho enclosed form of bond. 

Respectfully, yours, 

L. .T. GAGE, 

Secretary. 

JAW 


T 


C. (COPY) 


BOND. 

WHEREAS, on December 31 , 1897, proposals were Invited by pub¬ 
lic advertisement for furnishing all of the labor and materials re¬ 
quired for the foundations, superstructure and roof covering of 
tho new Mint at Denver, Colo.; and 

WHEREAS, in response to said invitation John A. McTntyro on 
January 22, 1898, proposed to do said work for the sum of $247,874. 
09; and 

WHEREAS, by letter dated March 29, 1898 , 0. L. Spaulding,As¬ 
sistant Secretary of the Treasury, acting for and in behalf of the 
United States of America, accepted said proposal upon certain con¬ 
ditions; and 

WHEREAS, on March 29, 1898, said John A. McIntyre entered in¬ 
to a contract with L. J. Gage, Secretary of the Treasury, acting 

for and in behalf of the United States of America, to do said work; 
and 

WHEREAS, on April 11 , 1898, the United States Fidelity and 
Guaranty Company, a corporation created and existing under the laws 
of the State of Maryland, Baltimore, Md., became surety on the bond 
in the sum of $124,000.00, given by said John A. McIntyre to guar¬ 
antee the faithful performance of the conditions of the said con¬ 
tract; and 

WHEREAS, on December 3, 1898, said John A. McIntyre, as con¬ 
tractor and principal on said bond, and said United States Fideli¬ 
ty and Guaranty Company, as the surety on said bond, consented and 
agreed to the substitution of Arkins gray granite for the J.A. 
McIntyre Fremont County Colorado gray granite, for use in said 
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work; and 

WHEREAS, by letter dated .June 5, 1899, addressed to said John 
A. McIntyre, L.J.Gage, Secretary of the Treasury, acting for and 
in behalf of the United States of America, declared said contract 
to be annulled; and 

WHEREAS, by letter dated .Tune 10, 1399, said John A. McIntyre 
made application for his reinstatement in his rights and liabili¬ 
ties under said contract; and 

WHEREAS, by letter dated June 14, 1899, L. J. Gage Secretary 
of the Treasury, acting for and in behalf of the United 

States of America, revoked said Department letter of June 5, 1899, 
annulling said contract, upon condition that no claim shall be 
presented or prosecuted against the United States for damages of 
any kind whatsoever growing out of such abrogation of said contract 
and upon the further condition that said John A. McIntyre and said 
United States Fidelity and Guaranty Company shall give a new bond 
for the faithful performance of all the conditions of said con¬ 
tract and bond: (reference to which contract and bond, said con¬ 
sent of surety, and the attachments thereto and parts thereof, 
is hereby made a part .hereof; and copies of each of which said 
letters of June 5, 10, and 14, 1899, are attached hereto as part 
hereof): 

NOW, THEREFORE, KNOW ALL TT5T T BY THESE PRESENTS, That we, 

John A. McIntyre, of the city of Denver, county of Arapahoe, state 
of Colorado, as Principal, and the UNITED STATES FIDELITY AND 
GUARANTY COMPANY, a corporation ereated and existing under the 
laws of the state of Maryland, Baltimore, Md., as surety, are 
held and firmly bound unto the United States of America in the 
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sum of one hundred twenty-four thousand dollars ($124,000.), 
lawful money of the United States, for the payment of which well 
and truly to be made to the United States we bind ourselves, our 
heirs, executors, administrators, successors and assigns, jointly 
and severally, firmly by these presents. 

SEALED with our seals and DATED this 
day of June, A. D. 1399. 

THE CONDITION OH THE ABOVE OBLIGATION IS SUCH That if the 
said John A. McIntyre has heretofore complied with and fulfilled 
all of the terms, conditions and undertakings of his said contract 
dated March 29, 1898, and of all duly authorized changes in, or 
additions to, said contract; and if he shall hereafter comply with 
and fulfil all of the terms, conditions and undertakings of his 
said contract dated March 29, 1898, and of all duly authorized 
changes in, or additions to, said contract; and if he has hereto¬ 
fore made payment to all persons supplying him with labor or mater¬ 
ials in the prosecution of the work embraced in said contract and 
all duly authorized additions thereto; and if he shall hereafter 
promptly make payment to all persons supplying him labor or 
materials in the prosecution of the work embraced in said contract 
and all duly authorized additions thereto, then this obligation 
to be void; otherwise, to be and remain in full force and virtue. 

It is understood and agreed that nothing in this instrument 
shall be construed as in any way releasing the principal and 
surety on said bond dated April 11, 1898, from any liability 
resting upon them by reason of said contract dated Tr arch 29, 1898; 
but that said bond dated April 11, 1898, shall be and remain in 
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full force and virtue. 

IN TESTIMONY WHEREOF, the said John A. McIntyre, as principal, 
and the said united States Fidelity and Guaranty Company, as 
Surety, have hereunto subscribed their hands and affixed their 
seals the date above written 



Signed, sealed and delivered 
in the presence of: 




i b jUf CmIo,Uo.; cafcJtfUJ .fa 


ort^otiCLi)- 
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a 






1 STATE OF 

2 COUNTY OF 

' 3 Personally appeared before me. a 

4 said 

5 

6 



, the said 


( 

8 

9 who signed the above obligation, and who made solemn oath that they are each worth 

10 over and above their just debts and legal liabilities. 

11 Sworn to and subscribed as above written, before me 

this day of , 189 . 

13 

14 

15 

16 

i 

17 1 
18 | 

19 | 

20 I 

21 
22 


23 


in and for 



24 

25 

IS*. 

/27 

28 


(Office of the SI. <§. 

District of 


• A. I). -189 . 


2 hereby (Certify That 


29 the sureties who have signed the foregoing bond, are known to me as residents of 


30 

31 security for the amount thereof, and that the bond is good. 

32 

33 


» and citizens of the United States, and are amply sufficient 


34 

35, 

36 


37 

38 

39 


40 

41 


42 


43 

44 

45 

46 




47 

48 

49 


50 


51 

52 


53 





u rot Ion* HlKiiiiturcH. 
































































